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ACTION FBOE-OO 

INFO OCT-01 NEA-10 ISO-OO A-01 SY-05 /017W 

014491 

R021105Z JUN 75 
FM AMCONSUL TANGIER 
TO SECSTATE WASHDC 3080 
INFO AMEMBASSY RABAT 

UNCLAS TANGIER 0219 

E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJ: STATUS REPORT AND REQUEST FOR INCREASED ALLOTMENT - 
SECURITY IMPROVEMENTS - TANGIER OB, PROPERTY NO. 

32556-A AND B. 

REF.: A) STATE 043722; B) TANGIER 0075; C) STATE 021749; 

D) TANGIER 0036 

1. FOLLOWING IS STATUS REPORT OF PROJECTS OUTLINED REF D: 

A. FENCING AND GRILLAGE, CONGEN. 80 PERCENT COMPLETED. 
COMPLETION EXPECTED JUNE 2. 

B. GRILLAGE, RESIDENCE. COMPLETED MAY 26. 

C. GRILLAGE WINDOWS, CONGEN. GRILLAGE HAS BEEN FABRICATED 
AND MASONRY WORK FOR INSTALLATION PROCEEDING. COMPLETION EX- 
PECTED IN NEXT TWO WEEKS. 

D. ACCORDION DOOR, CONGEN. FABRICATION NEARING COMPLETION. 
MASONRY WORK AND INSTALLATION EXPECTED IN NEXT TWO WEEKS. 

E. SCOTCHTINT, CONGEN. COMPLETED MARCH 30. 

2. DURING VISIT MOBILE TRAINING TEAM, MAY 12-13, A THOROUGH 
PHYSICAL SECURITY SURVEY OF RESIDENCE WAS PERFORMED. MTT 
DISCUSSED NEED FOR FURTHER IMPROVEMENTS WITH PRINCIPAL 
OFFICER AND PSO AND MADE APPROPRIATE RECOMMENDATIONS TO POST. 
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WAS CLOSURE OF TWO EXPOSED ENDS OF DECORATIVE SUNSCREEN, 

NOW LIGHTLY PROTECTED BY SHRUBBERY. POST HAS OBTAINED ESTIMATE 
FROM CONTRACTOR ENGAGED IN PRESENT PROJECTS FOR FABRICATION AND 
INSTALLATION OF TWO DECORATIVE GRILL PANELS TO CLOSE THESE EX- 
POSED AREAS. TOTAL ESTIMATE FOR ALL MATERIALS AND LABOR IS 
DIRHAMS 3,197 OR DOLS 845 AT PRESENT EXCHANGE RATE. CONTRACTOR 
HAS ALL REQUIRED MATERIALS AND CAN PRECEED WITH WORK AS ADJUNCT 
TO PRESENT GRILL WORK. 

3. ACTION REQUESTED: DEPT REQUESTED AUTHORIZE INCREASE OF 
ALLOTMENT XJ-3456, CODE 212, BY DOLS 845 FOR THIS PROJECT. 

EASTMAN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 02 JUN 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975TANGIE00219 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7501 92-001 4 
From: TANGIER 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750688/aaaadcwp.tel 

Line Count: 73 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: 75, 75 TANGIER 0075, 75 STATE 021749 

Review Action: RELEASED, APPROVED 

Review Authority: greeneet 

Review Comment: n/a 

Review Content Flags: 

Review Date: 27 NOV 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <27 NOV 2002 by PhilliR0>; APPROVED <22 JAN 2004 by greeneet> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: STATUS REPORT AND REQUEST FOR INCREASED ALLOTMENT - SECURITY IMPROVEMENTS - TANGIER OB, PROPERTY NO. 
TAGS: ABLD, ASEC 
To: STATE 
Type: TE 
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